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STAEF MEETING MINUTES - 27 Janiiaary I 959 

5 

Persojiael pjfesent; Mr. Blssell 

Col. Burke 




CHALICE 



2. TEST STATUS BOARD » Otoe svfitch of Aircraft 378 and 3^ is 
underway and 3 ^ will ^ ready for tests of J75 engine. The following 
tests ore continuing: 
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a. In^rovemont of auto pilot. 

b. Dual cocyfiea teeta. 

4J , I I 

d> Noise suppressioa (losing Article 3^f4) 

e. Blacdc Bok. . ^ * -^awo 

f. Mods on fuel 8yste»\. Acceptaace tests to be bela at £iAFa. 

g. Small fix on hyftroulic system. 


Bissell tenphasized th at the 

I Next 


In cccDtn^'Vlng cm above .testa Mr 

J75 test had fi5*st priorityj , . 

after the JT5 wo\ild be the ] noise ai^preasion. 

Any of the others should be vatdhed very closely for nountiog costs 
and should bo avoided if costs Tjeocsne hifo* 


Mr. Bissau also ccomented that tba noise suppression test 
shT»uld hnve a lower priority then those.' products directly coacerned 
vith proving s\ircraft performancs. A3.so that vs ^lould not x^h 
into the dual oxygaa system since ve laa& ope:rated successfully four 
year^ without .^t and that if do ^ it we should settle for nothing 
less than the vary best. 


, .riised the question as to w^jether not new pe^cnnel 

were being traioec. to provide backstop at E-ASB for the variouB tests. 

* _ - ^ I . . . A mmm -..A— 4 dia 




(Later determined :irt3m . 

personnel was conceded and that _ . 

was a weakness (gromd handling) two new electricians were being 
trained. 


that Edwrrds was ready insofar as 
the only departaaent vhere there 


It was decided tba^ an IRAN prog.*am Should be worked out between 
Ops Logs. LID recommends that vs go ahead immediately \diereas 
Logs that we are one year oltead insofar as our IRAN schedule 

is concerned. Mr. Bissell stated that the LAC schedule was not at 
all ac<»ptable. Col Burke's ^u^stion was accepted-»to wit, that 
Logs and Ops work a schedule that is soneplaoe between the Logs 
and the LAC view. 


ACTICai! 


Mr. Bissell enpbasized tte importance of moving fast on the 
J75 if it looks good .ind that it would be worthidiile to tie the J75 
tests in with the IRAN progt sa, particularly to determine its 
ad8q)tability In else to the ireaent fuselage. Oa the results of 
the J75 tests would hinge the IRAN poUcy. In this connectleax the 
proposed schedule for the flJ leasts should be carefully prepared 
in order to ascertain as qLulclly as possible the c^abllity of the 
J75. Col. Burke conmaated that the beefed-iq? J57 is expected to 
raise altitude capability by 1^00 feet and that we ml^t wont to 
con s ider buying both liiproveraerit8-‘-that Is—the J75 and the beefed* 
xg> J57. P/W expects to have thi latter ready for tests by sunaner. 
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AS^iP on the IRAN schedule^ specifically how heavy a load it vill 
place on LAC- 

ACTION; D & P and Col. Geajy on parocureroent J75 ®b and Iraproved 
J57 aad test programs. 

LOGS - IRAN of aircraft. 


Q(PS • Scheduling of aix^aft for tests and IRAN oxygm systas 
tests. 


STATUS OF 

Go-No^Go to be sent, 
coveied. ) 


[MISSION *• Alert sent, mission plan ready, 
(Missicsi v&B run and appears targets all veil 


25X1 


GUSTO 


CORONA 


6 . STATUS OF CORONA COVER 


repcarfced that the 


25X1 


first launcdi was to have taken place 2i January at 1500 hours and 
was to receive TV and radio coverage. The launch was cancelled however 
about an hour before blast-off time. Mr. Bissell directed that 
Gen. Lehman be informed that we strongly expose TV coveinge, that 
to give so much publicity was opposed by all even vg> to the Chief 
Executive level. Should the question arise as to what if any 
publicity shoTild be given, Mr. Bissell stated that "re ^onable 
publicity and announcem^t in low hey" would suffice. 
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•t 4 u 3 latter felt strong aliout pla^rlng down the activity and would 
do eve:i^rtlii 3 as in his p ower to sell t his idea at Vandenhergo 
Mr. Bissell then asked I I to check out to determine 

if it wa s AHPA that hod authorized the 
it was. 


authorized lihe W showing and if not, who 

then added that in checking it mlf^t be wise 


AW «» I I - - - w 

to ^ perhaps a previous commitaaent with the network 
had been made and what effect woiild a cancellation of any such 
axrengement hewe frcaa a cover and secuadty point. 


ACTION: 


7“ ITEMS - lir. Bissell r^orted on his trip to Convair 

and ejipressed pleasure at idiat he found there . It appears that 

there were some engine problems at but he felt these were 

not insoluble. Insofar as LAC was concerned, Mr. Bissell was 
disappointed in what Kelly Johnson had to offer. In this connection 
Mr. Bissell reqjuested Mr. Kiefer to take action on determining whether 
or not we should take any of the LAC proposals through the wind 
tunnel stage in view of above. He also commented that he would 
report his findings to the DCI and £ 


2 next week particularly 


in view of the fact that both were Imown to be opposed to the 
staged vehicle and at this point such a vehicle eppeared to be the 
better. He estimated that in ninety days we would have a fix on 
how good Convair would be. 


In discussions with Kelly Johnson, the latter was very optimistic 
about the use of the J75 engine in the U-2 and talked in terms of 
increased altitude capability of UOOO feet and the fact that this 
would odd a year to the estimated usefiil life of the U-2, He 
foresaw no dimensional problems and no Change in wing loading. 
Oherefore, all effort shoxald be made to go after the JTS® 


ACTION: 


See paragraph 2 above.) 


In connection with the above, Mr, Bissell stated that even 
though we are endeavoring to hold lAC to the 3J.ne on mone^ none the 
less, in view of the inportaace of the J75 test, overtime in connection 
with it was Justified. 


Mr. Bissell requested a breakdown on the LAC contract to determine 
how and vhsre LAC was running ahead of original estimates. He 
requested (a) original breakdown by tasks and (b) new estimate 
by tasks. Als, a determination as to whether we had been billed for 
anything we did not agree to accept or for tests 'that were not part 
of our program. In this connection, he stat^ that insofar as tests 
werecconcemed, \ts shoiold determine that a test is definitely 
indicated before giving money for it. 

ACTION; Mr. Kelly. (This action taken, see Memo DIX)-0733 dated 28 Jan.) 


Page 4 of 5 


CHAL-0549 

Cop y ^ o f 16 


Approved For Release 2003/12/09 : CIA-RDP33-02415A000300090107-0 


25X1 


25X1 





25X1 

25X1 


25X1 


Approved For Release 2003/12/09 : CIA-RDr33-0^5A00030QQ^07-0 
BUsell'Sso 

at Bolut of co«tr«t. 

r!a-pgri5 ro/plQ - Mro ^Bisee^ coridane contixmed 

DpD ^ua w r^ amount of wrbose coBlea 

“olu». that h ,121^ 

S^aSSTtlt’lS ISru »« aiih Wh Of ■»saao=B aor, than 
•vdLtli number a 


AimOK: 


( ‘Molten a) 
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~ ^XT.T.T/ M BURKE 

DapawSlSirfSh-ro/P 

I : ^ wrectir DPD-IB/P 

0 » uto Beber . 

4 . D & P BEO-jDD/P 

5 - Aamin 

A;^- Cover PPD-PD/P 

. Sraomel 

1 - Huxlty 1*®;®^ ,p 

9 - contractma ^ 

10 - Materiel 

U. - Operations E^BD/P 

12 « Corano DPD-1®/^ 

13 - BDO BPD-BD/P 

14 - Finan®® UPD-DD/P 

let - Colo Geary 

rThvQiio DFB“BD/ 
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